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LIMITED OFFICIAL USE TOKYO 08036 

MANILA EOR TSO; HONG KONG EOR OIC/RTC; DEPT EOR A/SY/OPS/T 

E.O. 11652: NA 
TAGS: ASEC 

SUBJECT: RENOVATION PROJECT: TAIPEI 

REE: MANILA 07187 

1 . SEABEE RINESMITH IS TENTATIVELY COMMITTED TO TRAVEL 
TO SEOUL ON 29 MAY TO ASSIST POST IN ALARM AND ELECTRICAL 
WIRING ASSOCIATED WITH THE NEW ARMORING MATERIALS TO BE 
INSTALLED IN THE CHANCERY LOBBY. SEABEE GROSS WILL ARRIVE 
IN SEOUL 0/A 09 JUNE TO MODIFY THE INTERIOR OF THE NEW 

MSG DESK. SEABEE RINESMITH WILL ASSIST. IT APPEARS 
THAT THIS PROJECT WILL NOT BE COMPLETED UNTIL AT LEAST 
MID-JUNE. THEREAFTER SEABEE RINESMITH WILL BE INVOLVED 
IN SEVERAL SMALL PROJECTS HERE IN TOKYO UNTIL EARLY 
JULY. 

2. IN VIEW OE THIS SCHEDULE, SUGGEST THAT THE TAIPEI 
PROJECT BE RESCHEDULED TO 17 JULY OR LATER. PLEASE 
ADVISE. SHERMAN 
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